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Get There 





Getting Around 
During Red Line 
Improvement Work 





Update During Wollaston Station 
Construction 
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Overview 


1. Wollaston 
Construction Update 


2. Quincy Center 
Demolition Update 


3. South Shore Garages — 1 
Construction Update «= 


4. North Quincy TOD 
Construction Update 


5. Shuttle Bus 
Public Outreach 
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Wollaston Station Improvements 





Construction Status — On Schedule 


Current Activities: 


¢ Site Improvements Around Station. 


¢ Finish Mechanical, Electrical and 
Plumbing (MEP) Continues 


¢« Three Elevators Being Completed = 


¢ Two Escalators Being Completed 


¢ Newport Avenue Entrance 
Construction Continues 


¢ Interior Finishes Being Installed 


¢ Fire Alarm and Fire Protection 
systems Being Installed. 


¢ Automated Fare Collection ree 


Being Installed. 
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Quincy Center Garage 
Demolition and Improvements 
—Substantially Complete 


¢ Elevator Re-Opened on January 30". 











¢ Burgin Pkwy. Accessible Walkway 
Open 


¢« Waterproofing of Existing Concrete 
Deck Complete 


¢ Busway Restored to Original 
Location. 


¢ Minor Punch-List Items Being 
Addressed 
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south Shore Parking Garage T) 
Repairs — On Schedule 





Current Activities: 


¢ Quincy Adams garage repairs 
have begun, and will continue to 
be completed in phases. 


¢ Busway and atrium work 
ongoing. Work Platform for roof 
has been installed. Roofing work 
to begin this summer. Stair 
demolition & repair has begun. 


¢ Project Website: 


www.mbta.com/projects/south- 
shore-garages 


¢ Project Email: 


southshoregarages@mbta.com 
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North Quincy Station Redevelopment Project - 
On Schedule 


Transit Oriented Development (TOD) 


¢ Current Work Activities: 
¢ Site and utility work is ongoing 


¢ Sidewalk improvements to improve 
pedestrian access at Sagamore St. 
are almost complete 





Wollaston Community Advisory Committee Presentation June 19, 2019 








MBTA Quincy Stations - 
Parking 





- 613 Spaces Available at North Quincy =p —— 
¢ Hancock Street Lot Typically Fills up by <.. : 
7:30AM "ce > | nee = 


¢ Newport Ave. Lot Typically fills up by 8:00AM 


¢ 425 Spaces Available at Wollaston with Free 
Bus Shuttle Service between North Quincy 
and, Quincy Center Station, until Wollaston 
Station Reopens 


¢ 2,000 Spaces Available at Quincy Adams 


¢ Additional Options to Park at: 
¢ Braintree Station Surface Lots 
¢ Mattapan Station Surface Lot 


T Parking 


Access 
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Wollaston Bus Shuttle until Station (T) 
Opens 








¢ 4 buses operate off-peak : o 5 | we _ 

¢ / buses operate at peak more 
frequently — now every 5-7 
minutes vs. every 10 minutes 
previously 


¢ 1500 boardings per rush hour 
on average 
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: Map showing shuttle locations tye Map data 32018.Geodle Terms of Use SE Te nap error 


is live on mbta.com/Wollaston 
Screenshot of live location map 


¢ Transports to North Quincy or 
Quincy Center Stations 
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Upcoming Shuttle Calendar 


Single Track Evenings 
Red Line: North Quincy to Quincy Center 
Operating Hours: 9:00 PM through End 
of Service 

Operating Dates: 

June 23" to the first week of August 
Regular North Quincy-Wollaston-Quincy 
Center Shuttle Operations 
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Please note: Schedules are subject change. 
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Public Outreach 





MBTA has created a public outreach plan for the Red Line South Side 
Improvements projects. 


¢ Updates listed for Wollaston, Quincy Center, South Shore Garages and North 
Quiney TOD at: 


https ://www.mbta.com/projects/wollaston-station-improvements 
¢ https:/AWwww.mbta.com/projects/quincy-center-station-improvements 
¢ httos:/Awww.mbta.com/projects/south-shore-garages 
¢ https:/AWwww.mbta.com/projects/north-quincy-garage-and-development 


¢ Email updates sent to those registered to receive updates. 


¢ Hand-delivery of Informational flyers to directly impacted neighborhoods in four 
languages: English, Traditional & Simplified Chinese and Vietnamese 


10 


Wollaston Community Advisory Committee Presentation June 19, 2019 





Public Outreach (cont.) 


¢ New MBIA South Shore Commuter Guide website: 
httos://www.mbta.com/quides/south-shore-commuter-quide 


¢ Direct project email addresses have been established to respond directly to 
community concern regarding the projects: 


¢ Major Topics of Current Public Feedback are: 
¢ Shuttle Bus service 
¢ Parking 
¢ Construction activities — various issues 
Night Work / Parking Lot / Nighttime Noise 
Water Main Work / Schedule 
¢ Red Line / CR Service 
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Contact us 





617-222-3200 


Call for questions, schedules, or trip planning. 


For more information go to 
https://www.mbta.com/projects/wollaston-station- 
Improvements 

Email the Project team: Wollaston@mbta.com 


Thank you for your patience during construction! 
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Thank you! 


Goodbye and Farewell...we will see you at Station 
Opening in August! 





